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BILL NO. S-75-10-cS"3 


SPECIAL ORDINANCE NO. S- c?^ 


AN ORDINANCE approving Change Order No. 1 in 
connection with Forest Avenue improvements 
Resolution 5673-1974 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Hipskind Asphalt Corpora¬ 
tion in connection with Resolution 5673-1974, improvements to Forest Avenue in 
the amount of $2,513.70, as set out in the specifications, is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



Councilman 



APPROVED AS TO FORM 
AND LEGALITY,_ . 









■ ' Read the fiVst time in full and on motion by ^ seconded by 

and duly adopted;! read the second time by title and referred 


to-the Committee on ( - (arr<tTlTe~Ctty~P 1 an 

ComnrT?gTdrrTd?^~T' 5 ru!iTmHriTtet+etti-af!d-R«W 4 - 6 ^^ notice ^ 

at th-g ^Council Chamber-S---.-_£ltM-Countv Buildin_cL^Q iit--ld ame_»-_Jn on 

thg_ 


da^ o f 


0' cTocTKITTOTt: 

Date: ^7A '7 





Read the third time In full and on motion by_ 

seconded by _ ; and duly adopted, placed on its passage. 

Passed by the foil owing vote: 

AYES, NAYS ABSTAINED ABSENT 


TOTAL VOTES 
BURNS 
HINGA 
KRAUS 
MOSES 
NUCKOLS 


a 


o 


TO-WIT 


d] □ 


SCHMIDT, 

D. 

SCHMIDT, 

V. 

STIER 


TALARI CO 



DATE: 


//-/ A 


cTTrcrac 

■'•.I,'.'Passe adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (ZlTnliqn%D)~f©Hn-^^ (Special) (Appf*©fr 4 -at 4 on) Ordinance 

(Res-oi-u'CTorr) No. 7<S"^-O Ti the d ay of 197 i ~ 



TJkesTdTng officeF" 

^ Pres"&ftted.Jpy the Mayor of the City of Fo-rt,Wayne, Indiana,, on.-..the, 

dav 0 ^ ', 197 , at the hour of yC/'-t^o 'clock 


and sianed by me this _ 
af *-• of /.‘Jd _ o'clock 






CITY CLERi 

of , 

M.,E.S.T. 


197 ^"' 


m 














































































S-75-10-53 


Bill No. 


We, your Committee on 


REPORT OF THE COMMITTEE ON 
Public Works 


PUBLIC WORKS 


to whom was referred an Ordinance 


approving Change Order No. 1 in coimection with Forest Avenue 

improvements Resolution 5673--1974 


Council that said Ordinance 
Winfield C. Moses, Jr. 


r^eonsidera 

Chairman 


have had said Ordinance under ^eon sideration and beg leave to report back to the Common 

PASS. 

_ 




Eugene Kraus, Jr. - Vice-Chairman 
William Hinga 
John Nuckols 
Donald J. Schmidt 


A 


-Z 





DATE. 




' CONCURRED !N 


-CHARLES VV, Vv'ESTERMAN, CITY CLERK 































CHA^iGS ORDER 


2 . - 

n/2.^/7S 


Changa Order No. l _ Resolution No, 5673-1974 

Project No. _ Board Order No. Q1-1Q74 

Name of Projec t Forest Avenue ___ ' Dat e August 22, 1975 . 

To: HIPSKIND ASPHALT CORPORATION ___ 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 


Description of Changa 


Changa in Contract Price 

No. 

Quantity 



Decrease 

Increase 


L7 Sq.Yds. 
6 So.Yds. 

Private Driveway 6” Concrete 
Street'Pavement 6” Concrete 

$ 14.00 

9.75 

$ 238.00 

58.50 

$ 


36.9 Tons 
L3 Tons 

H.A.C. Base #53B 

H.A.C. Binder #9 . 

18.00 

19.00 

247.00 

664.20 


^.25 Tons 
314 L.F. 

H.A.C. Top, City Mix A-2 

6'*x6” Inteqral Curb 

o o 

o o 

1,256.00 

1,005.00 


320 Sq.Yds 
277.4 Tons 

Seeding 

Too Soil 

1.00 
10.00 . 


320.00 

2,774.00 


18 day 

Penalty 

25.00 

450.00 


Total Decrease 

Total Increase 

$ 2.249.50 



^1-4,.763.2Q 


Net (Dootoooo^(I ncrease^ Contract Price 


5^,513^ 


The sum of $ 2. 513.70 _ is hereby (added to; {doduobod fjon) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 61,477.00 
Current Contract Price Adjusted by Previous Changa Order $ 61,477.00 
New Contract Price Including This Change Order $ 63,990.70 


The tine provided for completion in the contract for this project is (unchanged) (inereas e d) 

(’d eoroaoo d. ) by_ calendar days due to this Change Order. The date for completion 

Furthersora, this document shall become an 
‘ contract shall apply hereto. 


of all work shall be 


amendment to the contract and all provisions ■ 
Recommended by 


Attested by: ^ ' 


(Contractor) Date 




(City Engineer) Date 


(Owner) Dat e /1 


(Clerk) Date 


t le> 1 


\ 79 



hbT 

: y ■ 

/ 

a'' 




















































Change Order No._ 


Resolution No. 5673-1974 
- Board Order No. 91-1974 
REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change; n-riginai n-mQq-qpnf.ions shov/ed drive elevations higher . 
than they actually were, therefore asphalt drives ended up thicker and had to 

pytend back further. Topsoil was required for final backfill behind curbs and 

fine graded. . ...^ 


2. Will proposed change altar size of the project? 
If yes, explain 


Ho 




3. Affect oh operation and maintenance cost of this project: 

■ N/A^--- 




Engineer 



























TITLE OF ORDINANCE Special Ordinance 




DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works _ 

SYNOPSIS OF ORDINANCE Covers Change Order #1 from Hipskind Asphalt Corporation in 
amount of $2,513.70 for Resolution 5673-1974., Forest Avenue. Driveways were at 

a lower elevation than shown on plans. Therefore, asphalt drives ended up thicke r 

and had to extend back further. Topsoil was required for final backfill behind . 

curbs and fine graded. 


EFFECT OF PASSAGE Driveways will be level with new street 


EFFECT OF NON-PASSAGE Driveways will be too low to meet new street 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $2,513.70 


ASSIGNED TO COMMITTEE 






























